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1 . THE PROPOSED CONSTRUCTION OF DRIVEWAYS AND THE 
RESURFACING AND GRADING OF THE MOTORPOOL/WAREHOUSE PARKING 
AREA ARE NOT CONSIDERED TO BE PROPER ANTI-TERRORISM 
PROJECTS BUT ARE PROPERLY MINOR IMPROVEMENTS WHICH ARE 
FUNDED SEPARATELY. 

2. WHILE THE CONSTRUCTION OF A GUARDHOUSE/VEHICLE CONTROL 
GATE FOR THE PROPOSED EXIT/ENTRY INTO ATTATURK BOULEVARD 
WOULD BE FUNDED AS AN ANTI-TERRORISM PROJECT. IT MUST BE 
DEFERRED UNTIL THE EXIT/ENTRY POINT IS ESTABLISHED. 
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3. THE EMBASSY'S RECOMMENDATION IN REFERENCE (A) THAT THE 
PROPOSED NEW EXIT/ENTRY INTO ATTATURK BOULEVARD BE LOCATED 
THROUGH THE RED CRESCENT PROPERTY AFTER IT IS ACQUIRED IS 
APPROVED IN PRINCIPLE. THE PROPOSED CONNECTING DRIVEWAY 

TO THE MOTORPOOL SHOULD ALSO BE DEVELOPED AT THAT TIME AS 
PART OF THE DRIVEWAY PROJECT. 

4. AFTER THE RED CRESCENT PROPERTY HAS BEEN ACQUIRED, 

PLEASE SUBMIT FULL DETAILS INCLUDING DRAWINGS AND FIRM 
COST ESTIMATES FOR THE DRIVEWAYS FOR CONSIDERATION AS 
MINOR IMPROVEMENTS, SUBJECT TO THE AVAILABILITY OF FUNDS 
FOR THAT PURPOSE AT THAT TIME. THE DETAILS AND PLANS 
WITH UPDATED COST ESTIMATES FOR THE PROPOSED GUARDHOUSE/ 
VEHICLE CONTROL GATE SHOULD ALSO BE SUBMITTED FOR 
CONSIDERATION AT THAT TIME. 

DECLASSIFY UPON COMPLETION OF PROJECT. KISSINGER 
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